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MEMORANDUM FOR: Chief, Developmer Planning Steff 


women: |] 


SUBJECT : Field Maintenance - Westinghouse Electric 
Corp., Contract Noe FM-3050 


REFERENCE: Memo: DPS-3981/A, to C/AIRD, dated 22 September 1958 


ho ndake. ala Ue i 4 Be AEN fas 
1. Reference paragraph three (3), referenced memo, you_are carer 
, to apply $17,091.00 of the $23,601.51 refuma due| _| = 25X1 
25X1A on Contract FL=3011 to cover the $17,091.00 over-run 
incurred on Contract FM-3050. ‘This leaves $6,510.51 refund due 


[_ Jon Contract FL-3011. 
2, It is understood that the $17,091.00 is funded as follows: 
FY = 25 pine 
ie Reed 25X1A 
LOL y x 82.00 
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unk oa yi $58 
Contract og FH-3050 
Amendment Ho. 2 


Westinghouse Electric Corporation 
Baltimore, Maryland 


Gentlemen: 


1. Reference is made to Contre::t Ro, FM=3050 entered into 
between the perties hareto for the » riod 1] Jamary 1957 through 
31 August 1957. 


2. It has been determined tha‘. 1932 hours of sexvices were 
expended over and above the original estimate, 


3. Pursuant to the provisions of PART IV = PRICE REDETERMINATION 
of the contract, the parties hereto | “ave negotiated and agreed te a 
fireal contract price for 211 servicer: furnished. Such price is as 
follows: 


Services rendere:] $22, 268.00 
Transportation costs . 2,287.00 
Total final cortract 

price $84,475.00 


4e The above results in a net imerease of $17,091.00 or a 
total finel amount of $8,475.00 for the period 1 Jamary 1957 
through 31 August lg All other +orms and conditions remain as 
originally stipulated 


5. Please indicate your receip! ef this Amendment Ho. 2 to 
Contract Ho, FM-~3050 and your accep’:.nce thereof by executing the 
original and two copies. Return the original and one copy to the 
undersigned and retain the remaining copy for your files. 


Very truly yours, 25X1A 


Contracting Offenr 
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